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16 May 1958 


Subject: Contract BC-450 

Reference: Latter DPS-0288 da tad 6 May 1958, XDN to BJW 

. y 


Dear Sir:' i | : | 

The four (4) B Configurations being modarniaed for Cuetomar 2 are 
..rial number. 1, 3, 7 and 17. We bare bean advised that necessary 
paperwork affecting tranafer of theaa configurations has bean accomp- 
lished by the cognisant depots. 

We hare three (3) A-l Configurations which are short three (3) HR-731 
Cameras and four (4) HR-730 Cameras. Estimated cost to overhaul, 
assuming the return of short components, is $2, 300.00. 

One (1) A-2 Configuration is currently being used in performance of 
Red Dot tests. The estimated cost of overhaul is $750.00 and can be 
performed at the completion of the test program. 


In addition to A Configurations, several components such a. shutters, 
magaain.s, timer assemblies, and case drives have been returned on 
project depot work orders. The estimated cost of overhaul on these 
components is $3, 000. 00. A complete listing of component parts is 
contained in the Monthly Progress Report dated 6 May 1958 ahow g 
all M h O activity for Customers i and 2. Copies of this report «?er® 
forwarded to you previously. 


Work on the A-2 Configuration and components will be accomplished ©a 
a non-intarference with B'e basis. Work on A-l Configurations will 
not be accomplished during the present fiscal year. except for lens testing 

Very truly yours. 


HYCON MFC. COMPANY 


BJW/pe 

C c: S. W.B. 



Contract Administrator 
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